


Massachusetts Bay 
Transportation Authority 
Natick Center Station 
Accessibility Improvements 


Recorded Construction Update 


February 2022 
John Doherty, MBTA Sr. Project Manager 


Agenda 


A. Project Overview 
B. Construction Update 


C. Updated Construction 
schedule 
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Project Overview 


¢ New elevators, ramps & 
Stairways 


¢ Full-length, high-level platforms 
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¢ Updated amenities: 
canopies, bicycle parking, 
signage & lighting 

¢ Streetscape improvements and 
connection to the Cochituate 
Rail Trail 


¢ Replacement of existing 
pedestrian bridge 
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Construction Update: Completed Work 


Completed Retaining Wall December 2021 
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Work completed to date: 

¢ MBTA Right of Way clearing 
¢ Replaced stairs 

¢ Built temporary platforms 

¢ Installed New Retaining Wall 


¢ Track and drainage 
improvements 


Construction Update: Upcoming Work 
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Design rendering of Station Entrance at Washington Street 


Upcoming work to be 
completed: 


Installation of new 
elevators, ramps, and 
stairways 


Complete remaining high- 
level platforms and 
Canopies 


Streetscape improvements 


Replace pedestrian bridge 


Updated Construction Schedule 


Anticipated Completion of the Natick Center Station has 
been extended to Early 2024 


This revised schedule reflects the project needs to 
address the following conditions: 


¢ Soil conditions requiring upgraded retaining wall 


¢ Supply chain delays on critical path items 
(platform materials, signals, etc.) 


¢ Other associated COVID-19 delays 





Natick Center Station will remain open throughout construction. 


Updated Construction Schedule 


Construct East End Platforms 





Construct West End Platforms (el 

and Elevators 

Demolition of Temporary _ =a 
Platforms 


Pedestrian Bridge 


Replacement __ ee 


Streetscape & Cochituate Rail 
Trail Connection 





Public Outreach : 
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Visit the Project Website eee eee . 
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Improvements 
é 
Public and Stakeholders can sign up for Spay 


Building a Better T 
As part of our $8 billion, 5-year capital 





ment plan, we're renovating 
modernizing f olle system 
ding services for our buse 
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e MBTAss Natick Center Commuter Rail Station ranks in the top 25% of 
7 busiest Commuter Rail stations. We're renovating the station to improve rider 
experience and bring it into compliance with updated accessibility standards 
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¥ Projected Completion: 2022 
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Rider Benefits 





; . Above: Station 
Project email webpage screenshot Natick Center Station: 
natickcente r@ mbta.com Overnight Weekend Construction 
: Work 
Right: Example of a 
construction flyer 





